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BILL NO. S-86-12- “2 
SPECIAL ORDINANCE NO. S-.—)/ S Z1 


AN ORDINANCE approving Change Order 
No. 2 (Final), GM Water Project 
Contract 86-XP-5, 24" Indianapolis, 
Lafayette, Feighner Rds. Div. II 
Feeder Main, with T-G Excavating, 
Inc., in connection with the Board 
of Public Works and Safety of the 
City of Fort Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 (Final), GM Water 
Project Contract No. 86-XP-5, 24" Indianapolis, Lafayette, Feighne 
Rds. Div. II Feeder Main, with T-G Excavating, Inc., in connection 
with the Board of Public Works and Safety, for: 


this Change Order is necessary 
because of the following: Item 

2a and *f were increased, due to 
extended lenght of excavation in 
Feighner Road Pavement, because 

of buried cables found along pro- 
posed route. Items 2b, 7a, 3*, 

*a, *h, are adjustments to final 
quantities. 11 and 13 are addi- 
tional items required per engineer- 
ing instructions from design engi- 
neers Clyde E. Williams and Assoc. 
**12 was an item transferred from 
Contract 85-XP-4 as required - 
extra depths to meet proposed state 
highway project and the elimination 
of grade conflicts with drainage 
tile. **15 was required to eliminate 
a grade conflict with drainage 

tile in area of connection to 85- 
XP-6. **16 is for repairs to tile 
along reroute; 





involving a net increase of Thirty-Three Thousand Seventy-Nine 

and 40/100 Dollars ($33,079.40), all as more particularly set 

forth in the specifications, and which is on file with the Office 

of the Board of Public Works and Safety and is by reference incorpo- 
rated herein, made a part hereof, and is hereby in all things 


ratified, confirmed and approved. 
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Page Two 
SECTION 2. 


and effect from and 


approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 








Bruce O. Boxberger, 


That this Ordinance shall be in full force 


after its passage and any and all necessary 









City Attorney 










Read the 4 time in full and on motion by 









seconcedthy , and dul ad tne second tim 

by title and rárérrea to the Committee _(a d the ci: 

Plon Conn LSS Lon fa zODo c onmBatrion)"and DG) oe a ANS 

due legal notice, at the Council Chambers i inty Building, Fort Wayr 

Indiana, on ; HG day of 
L9 








DATE: LA RF 





SANDRA E. KENNEDY, CITY CLERX 


Read the tni d gime in full and on motion by 
seconded by LLL and duly adopted, placed on its 
passage. PASSED (Less by the following vote: 


, 





`~ 


AES NAYS ABSTAINED ABSENT LO SW Pe 


TOTAL VOTES E A 
Lo 
Lú 
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BRADBURY 


BURNS 


EISBART 





GiaQUINTA 





HENRY 


REDD 


e e CAL D T. O qus. 


DATE: (A px HA 





SANDRA E. KENNEDY, CITY CLESK 
Passed and adopted by the Common Council of the Cltysof Fort 


Wayne, Indiana, as (AR A h RIATION) JENERAL) 





(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. A RIS fe 
on the 227 ar ERE O A Le c So hir - 5 49 Te 
See eae te ee ee ee et ee Ei 


eM Nu — DN. 
SANDRA Bas KENNEDY , CITY CHEREK 1 PRESIDING OFFICER 


Presented by me to the Mávor of the City of Fort Wayne, IL 


on the ceu day of Klece Ka j ;-494 ey 
. -AE n e : 
at the hour of 7 yc os o'clock Y Es Mis preset E 


pile ar ar 


SANDRA E. KENNEDY, CITY CLÉRK 


Approved and signed by me E a2 e»; "day of MÉs po Au , 
19 PRO. , at the hour of [/ o'clock 7 Mora Ts. 
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JR., MAYOR 
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i 
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CHANGE ORDER ` ` Contract No. ^ 85-XP-5 


Change Order No. 2 and FINAL Resolution No. --- 
Project M5. 5v Board Order No. 24-85 
Name of Project 24" INDIANAPOLIS, LAFAYETTE, FEIGHNER RDS. Date November 18, 1986 


DIV. II FEEDER MAIN 
To:. T-G EXCAVATING, INC. 


(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 











Description of Change | 7. | Change in Contract Price 
Description Unito Price Decrease Increase 









** ITEMS ARE NEW ITEMS 
Total Decrease 


Total Increase 


Net (Decrease) (Increase) Contract Price 
The sum of $ 33,079.40 is hereby (added to) EX) the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price $ 475,484.35 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price Including This Change Order 


$ 600,356.94 
$ 633,436.34 


The time provided for completion in the contract for this project is (unchanged) imeneaseckx 


xfdszrERSEX) by -0- calendar days due to this Change Order. The date for completion 
of all work shall be UNCHANGED . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: _-y “(Chief Water Engineer) Date November 19, 1986 


Lp A 
Accepted by: H LIUC 4 -**2 . (Contractor Date: // Af ? lo 
H JA > 


Approved by: | YU? ^4. NT (Director of Water Resources)pate 


<= : 
icone M NEIN IN M 1 wu niic v6 
i "P Ca ; 
eta KA; 7 / Member Bd. of Works) Date LA —3- CI. 


(Member Bd. of Works) 







Date 123 es 


Attested by: 


Change Order No. 2 and FINAL 


y 
ama” 


os 


esciution No. mE 





Board Order No. 24-85 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: ITEMS 2a and *f WERE INCREASED, DUE TO EXTENDED LENGTH OF 





EXCAVATION IN FEIGHNER ROAD PAVEMENT, BECAUSE OF BURIED CABLES FOUND ALONG PROPOSED ROUTE. 





ITEMS 2b, 7a, 34, *a, *h, ARE ADJUSTMENTS TO FINAL QUANTITIES. *11 AND #13 ARE ADDITIONAL 





ITEMS REQUIRED PER ENGINEERING INSTRUCTIONS FROM DESIGN ENGINEERS CLYDE E. WILLIAMS AND 
——————————————————————————————————Á————————— 
ASSOC. **12 WAS AN ITEM TRANSFERRED FROM CONTRACT 85-XP-4 AS REQUIRED.  **14 WAS REQUIRED 


óK-—_—_—_—_———————_————_————————__—__—____ _—_ _—_______ 
- EXTRA DEPTHS TO MEET PROPOSED STATE HIGHWAY PROJECT & THE ELIMINATION OF GRADE CONFLICTS 


————————————— — BIBBIA PEDRO LQ— REDE ERE REESE 


WITH DRAINAGE TILE.  **15 WAS REQUIRED TO ELIMINATE A GRADE CONFLICT WITH DRAINAGE TILE IN 
—————M — M —— 


AREA OF CONNECTION TO 85-XP-6.  **16 IS FOR REPAIRS TO TILE ALONG REROUTE. 
—M———M—M—— ÀMMÀÀ—À—ÓÀÀMÀ——— MÀ 


Ó— Mr ———HÓMÀ——Ó— —— —— — ———— MH Ü a EF ihe A 
Will proposed change alter size of the project? Yes No X 


If yes, explain 


——————— M — "——— ———Á——— —ÁX M ML 
Affect on operation and maintenance cost of this project: - 


NONE 
PREGA RES UMEN LH ER EUH Mu uU E UPC MEA CA, MERE O E bM KM I OR ge coder 

















LARÉY FIEDLER, INSPECTOR FOR GM PROJ DXSXABEY 
"d 


giu rg : ATTACHMENT TO CHANGE ORDER 


Me Ea A ee a TE | Unit Price | ncreas: 


1,597 L.F| GRANULAR BACKFILL TYPE "A? pugne e DENEN 11,242.88 
'b GRANULAR BACKFILL TYPE "B" ae 2,128.50 
ic LAN 24" x 11%° BEND 1039.00 15 039.00 


ie ae 24" x 225? BEND 1012.00 BRUN 1,012.0 


T: 


p 24" WATER MAIN (SLIP JOINT) 30.00 Y EE ED 4,560.00 
'a 24" WATER MAIN (RESTRAINED) 60.00 11,880.00 
£ | 1910 L.F.| DOUBLE CHIP AND SEAL PAVEMENT ARA 10,371.30 


g 20 L.F. | DRIVEWAY REPLACEMENT a 26.80 


25 L.F. | TEMPORARY PAVEMENT REPLACEMENT 1:986 A 347.50 


12" WATER MAIN 27.23 a ee 4,411.26 
r*13 1 EA. 12" x 90? BEND 544.06 x m 544.06 


**14| 6,952 L.F| EXTRA EXCAVATIONPER LIN. FT.-PER 1' EXTR oe ee ae 
DEPTH 12,513.60 
REMOVE & RELAY 24" WATER MAIN TO 
rk15 1 EA. | GRADE. L.8. 5 1,242.00 
SP 100 LF. |TILE REPLACEMENT (THROUGHOUT REROUTE) 825.00 


Total Decrease 15,255.20 


Total Increase 48, 334.61 


LIND 7 
: Admn. Anbr. 
TITLE OF ORDINANCE > Change od #2 id a GM Water tad c ga ur da : 
—— 2 : : Ms 








SYNOPSIS OF ORDINANCE Change Order #2 for GM Water Project, Contract 86-XP-5 (Final) 


is necessary because of the following: Item 2a and *f were increased, due to extended 








length of excavation in Feighner Road Pavement, because of buried cables found along 








proposed route. Items 2b, 7a, 3*, *a, *h, are adjustments to final quantities. 11 & 1 





are additional items required per engineering instructions from design engineers 





Clyde E. Williams and Assoc. **12 was an item transferred from Contract 85-XP-4 as 
Dei A ME A. RE E ES as ES dev apte MC cO dor E 
required - extra depths-to meet proposed state highway project and the elimination of 


grade conflicts with drainage tile. **15 was required to eliminate a grade conflict 
SO A ERA SEI AOS MIES E DE ASS ALIAS CEI A ERES i AA 


with drainage tile in area of connection to 85-XP-6.  **16 is for repairs to tile 
A h e E E nO Ib an a ee AS T CPI NE ee eee 


along reroute. T-G Excavating, Inc. is the contractor. 
a TENS NES ESSE EU OTA NS. GU UI RRR: NA O At NM DO LA A 
UTR a a cl a ep 1 A ee a OA ee eer os 
aE een ee AULUS Ae RT Lh REM UAR MES ES NEE RO REN Oe, MLS Se EE AL i te RS 


K——  a— _ _ ———_—_————_—_—_——— _ —__—_—_ —_a— _—__—__ __—__Q__ A LLL 





EFFECT OF PASSAGE To facilitate completion of project. 





3 


RENS tein. a mera E eS a ee EN. OS 
EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $33,079.40 











ASSTGNED TO COMMITTEE 


BILL NO. 5286-12-10 
Du ONT GC CL UTE CC Rao E ERR T D 


REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
M cmm e ne hes doas S NER UE CM NES E 


REFERRED AN (ORDINANCE) (RESTE approving Change Order . 
eda ca c ee n E o 


No. 2 (Final) GM WAter Project Contract 86-XP-5, 24" Indianapolis, 


Lafayette, Feighner Rds. Div. II Feeder Main, with T-G 


Excavating, Inc., in connection with the Board of Public Works 


and Safety of the City of Fort Wayne, Indiana : 
A A 3 
Ra S I lE EE CC E ET 


Boxe uu d ecu VI Cum iu d i 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOKU#XSN ) 





PAUL M. BURNS 





CHAIRMAN al uM AIN i ee ae ae 
/ 8 A ^ 
AAA THOMAS C. HENRY 
al VICE CHAIRMAN e eel AS 
(BA 
LISA X LN BEN A. EISBART 
EON ISI co E NOE EE 
d Ya 
(| ^, ; JAMES S. STIER 
~- - Pi ee QUEE MEME C SUN 
Y; y pz f Zi 


Ab A, 4 A a Y : : 
S! lide LE) , / MARK E. GiaQUINTA 
= cc e nca LEM ME DECE ED OD M M ER ERE 


a 
CONCURRED IN AA WE SANDRA E. KENNEDY 
CITY CLERK 


